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AFFECTS : WSPO [l 


NAME OF MAJOR COMPONENT PART OR LOWEST SUBASSEMBLY 

P-2 Platform Pressure Switch 


PROJECT [XJ 


PART NO. & MODEL OR TYPE 

M52B-31-16 


TITLE OF PROPOSAL : 


Re -adjust platform pressure switch 


NATURE OF PROPOSAL: 

Re-adjust the absolute pressure switch on all P-2 platforms to start the A,C» 
motor at a lower altitude. 

See copy of Service Bulletin 390 attached. 


REASON FOR PROPOSAL 

Provides low altitude operation for superchargers. 



ESTIMATED COST AND TIME INVOLVED : - 

ADDITIONAL FUNDING REQUIRED *. - 


ESTIMATED COST FOR KITS OR PARTS : No parts 
ADDITIONAL FUNDING REQUIRED : None 


ITEMS AFFECTED BY PROPOSAL : 


- no charge. 
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EST. MAN/HRS. REQ'D. TO ACCOMPLISH CHANGE IN FIELD 8 hrs. 


SOURCE OF FS3Q&XKM KIT AVAILABILITY One WEEK# AFTER APPROVAL 
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disposition of spares affected t Return to Contrac 


or rework and reiden 
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STATINT - western Field Office 

SP-E.iA Approved For Release 2002/06/1: 


APPROVED : WSPO- 
PROJECT 


: CIA-RDP81 B00878R00060001 01 31 -5 p AGE 1 0 F 1 



















Approved For Release 200f 

Lockheed Aircraft Corp. 


1(2/06/1 3 : CIA-RDP81 B00878R000|B 
ENGINEERING STUDY fcf 


CHANGE PROPOSAL 


0 


•00010131-5 

& e * . 22 


m f 

i*4 


DATE 


ii-7,-59 


AFFECTS : 


WSPO [I 


PROJECT E 


NAME OF MAJOR COMPONENT 
P-2 Platform 

PART OR LOWEST SUBASSEMBLY 
Pressure Switch 

PART NO. & MODEL OR TYPE 
14152B-31-16 

TITLE OF PROPOSAL : 

Re-adjust platform pressure switch 


NATURE OF PROPOSAL: 

Re-adjust the absolute pressure switch on all P-2 platforms to start the A.C. 

motor at a lower altitude* 

See copy of Service Bulletin 390 attached. 


REASON FOR PROPOSAL : 




Provides low altitude operation for superchargers * 


ES 

ESTIMATED COST AND TIME INVOLVED : - 

ADDITIONAL FUNDING REQUIRED t - 

CP 

estimated cost for kits or parts : No parte - no charge. 

ADDITIONAL FUNDING REQUIRED : None 
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